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BILL NO. S-83-06- 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving Change Order 
No. 1 for Res. #5946-82 - West 
Central, Phase VII, with Hipskind 
Concrete, in connection with the 
Board of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 

OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Res. #5946-82 - 

West Central, Phase VII, with Hipskind Concrete, in connection 

with the Board of Public Works for; 

Change Order No. 1 for Res.#5946-82 - West 
Central, Phase VII, is necessary because 
asphalt street resurfacing completed prior 
to reconstruction of curbs and sidewalk 
necessitated additional sidewalk removal 
to match the grade of the new curbs. The 
resurfacing project involved was not sche¬ 
duled until curb and sidewalk was in pro¬ 
gress. Therefore, the new curbs had to be 
raised to a proper elevation resulting in 
the additional quantities; 

involving a net increase of One Thousand Five Hundred Twenty- 
Eight and 60/100 Dollars ($1,528.60), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 



and effect from and after its passage and any and all necessary 
approval by the Mayor. 






Cduftcilmember 


\PPROVED AS TO FORM 
^ND LEGALITY 




Bruce 0.Boxberger,City Attorney 







RcQUgSi AND JUSTIFICATION FOR CHAi'iGH 

Necessity for chan S e ; Asphalt street resurfaci ng collated prlor to „ rn „ tnctim nf 

— a ° d 5lde “ alk —■*- » » ■ r emoval to -atch the . .h. 

_ curbs. The resurfacing project involved „as not yet sch e duled untU crh and sidewa.W 

~~~~~~ Q ' S reSS * * * ^ he raised to a proper Nation Mlth . „ 

the additional quantities. . 


Will proposed change alter size of the project? Yes 
If yes, explain: _ 


Arrect on operation and maintenance cost of this 
m gutterline and across sidewalk will be enhanced. 


None, although drainage 




































CH ANGE OP. PEP. 


'.ance Order No. 1 _ 

reject No. ■ _ 

>rr.e of Project West Central. Phase VII . 


Resolution No.. 5946-82 _ 

Board Order No. 113-82 
Date May 20. 1983 


ind Concrete 


(Contractor) 


*/*/& 


vu are hereby requested to comply with the following chances from the contract plans and 
uecifications: 


Description of Change 


Cnanae in Contract Price 
Unit Price I Decrease Increase 


SEE ATTACHED SH EET-. 


Total Decrease 
Total Increase 
Net (Increase) Contract Price 


2333.15 


3861.75 




ft Sit-66 


is hereby (added to) (d 


he sum of 5 1,528.60 _ --; . . * ■ . ,, 

rice, and the final contract price shall be aegusred as xollowss 


Oriainal Contract Price - 
Current Contract Price Adjusted by.Previous Change Order 5_ 
New Contract Price Including this Change Order S_ 


the total contract 
$ 23,489-50 _ 


25 >018 jl 0 



































































CONTRACT COST ANALYSIS 



' Description of Chance 

Contract 

Quantity 

Actual - 
Quantity 

Unit 

Price 

Chance 

Total 

Cost 

Material 

Decrease 

Increase 



‘ 300 S.Y 

. 398 S.Y 

2.00 


196.OH- 

796 .OH- 


1500 L.F 

. 1508 L.F 

1.50 


12.00 

2262.00 

i. 

Concrete Curb Type III 

700 L.F 

. 651 L.F 

5.20 

254.80 


3385.20 

4. 

? Fr Curbface Walk 

1550 S.F 

. 1216 S.F 

•2 s 6jL 

885.1Q 


3222.40 

5. 


1435 S.F 

.1974.5 S-E 

' 1.40 


755.30 

2764.30 

fi. 

flurhfarp Walk 

S F 

1910 S.F 

1.65 


1790.25 

31 51.50 

7. 

Wingwalk 

55 S.F 

0 

1.75 

96.25 


0 

8 


1 5 S.Y 

17 S.Y 

18.00 


36.00 

306.00 

9. 

Asphalt Patching 

1600 L.F 

. 1200 L.F 

0.30 

120.00 


360.00 

LO. 

Topsoil 

85 Ton 

76 Ton 

3.00 

27 .00 


228.00 

11 . 


3 Ea. 

4 Ea. 

45.00 


45.00 

180.00 

1? 


175 S.Y 

. 175 S.Y 

0.50 



87.50 










ALTERNATE 







1 . 

Concrete Removal 

110 S.Y 

. 110 S.Y, 

2.10 



231.00 

7. 


700 T..F 

.828.4 L.F, 

/ 7.00 


256.80 

1656.80 

8 


140 L.F 

.268.4 L.F, 

6.00 


770.40 

1610.40 

4. 

2 Ft. Curbface Walk 

1120 S.F 

. 1120 S.F. 

2.85 



3192.00 


Concrete Sidewalk 

990 S.F 

. 990 S.F. 

1.50 



1485.00 

6. 

Asphalt Patching 

700 L.F 

0 

1.00 

700.00 


0 

7. 

Seeding 

100 S.Y 

. 100 S.Y, 

1.00 



100.00 

8. 

Topsoil 

50 Ton 

0 

5.00 

250.00 


0 












SUBTO 1 ] 

AL 

2333.15 

3861.75 

25.018.10 
































































































































































































































































Read the fi. 
seconded by 


time in full and on motion bv_ 

. , and duXy'jpippted, read 


_ _ :cond time 

by title and referrecTVo the Committee and the City 

Plan Commission for recommendation) and Public Hearing to" be held^after 
due legal notice, at the CounciI^_Chafl±rers~, City-ColITrt y-Building, Tort Wayne, 
Indiana, on_ , the_^__ , , day of 



CITY CLERK 


Read the third time; ia-full and on motion by L. V _, 

seconded by__, and duly' adopted, placed on its 

passage. PASSED (L©§5=) by the following vote: 


TOTAL VOTES 

BRADBURY 

BURNS 

SISBART 

GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 

STIER 

TALARICO 

DATE: 


AYES NAYS 

X _ 

^ _ 

Z _ 


X 

7-/J ZJ 


ABSTAINED ABSENT TO-WIT: 



Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZO NING MAP) -{GENERA L) (ANNEXA TION) (SPECIAL) 

(APPROPRIATION) ORDINANCE ( RESOLUTION ^ NO. x'i~ /d? ■ _ 

on the _ 7o? _day of_ ■ / <: _, 19 

ATTEST: 




(S 


SEAL) 


Mg' 


-7L Qt* 




CITY CLERK PRESIDING OFFICER’ 

Presented by me to the Mayor/Of the City of Fort Wayne, Indiana-,-on 

the_ 7c~>? 7 d ay of_ _ _, 19 , at the hour of 

_ ^ 0 ‘' o 1 clock 


Aonroved 


CITY CLERK 


and signed by me this _ 1 S~Bk d ay of 

, at the hour of_ \_ _o’clock ^ .M. ,E.S.T XI 












































































BILL nq. S-83-06-30 _ 

REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

WE, YOUR COMMITTEE ON Public Works _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 1 for Res. #5946-82 - We st 

Central, Phase VII, with Hipskind Concrete, in connection with the 
Board of Public Works 



PAUL M. BURNS 


HAVE HAD SAID ORDINANCE UNDER 
BACK TO THE COMMON COUNCIL 


SAMUEL J. TALARICO, CHAIRMAN 


VICTURE L. SCRUGGS, VICE CHAIRMA N 


MARK E. GiaOUINTA 


LEAVE TO REPORT 

































Admn. Appr. 


6>3 / 4 » 


TITLE OF ORDINANCE Change Order #1 for Res. 5946-82 - West Central, Phase VII 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Change Order #1 for Res. 594^-82 - West Central, Phase VII, 

is necessary because asphalt street resurfacing completed prior to reconstruction of 
curbs and sidewalk necessitated additional sidewalk removal to match the grade of 
the new curbs. The resurfacing project involved was not scheduled until curb and 
sidewalk was in progress. Therefore, the new curbs had to be raised to a proper 
elevation resulting in the additional quantities. Hipskind Concrete Inc., is the 
contractor. 


EFFECT OF PASSAGE 


Drainage in gutterline and across sidewalk will be enhanced. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, 


EXPENDITURE, SAVINGS) Increase $1,528.60 


ASSIGNED TO COMMITTEE 





































